CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


PROGRESS MADE THIS WEEK 
MONDAY-FRIDAY [07.15-07.19] 


¢ Curb along Pennsylvania, Prospect, Crescent and 
Glenwood 


¢ Bricks, trees and irrigation work along 
Pennsylvania [Main to Park] 


WORK ANTICIPATED NEXT WEEK 
MONDAY-FRIDAY [07.22-07.26] 


¢ Fine grading and asphalt binder paving along 


Pennsylvania, Prospect, Crescent and Glenwood 


¢ Perennial plantings along Pennsylvania [Main to 


Park] and in the Phase I area 


¢ Electrical foundations on Crescent and Glenwood ¢ Miscellaneous electrical work in various locations 


——_—_———————S Se EEE ——————————————— 
DETOUR INFORMATION OTHER IMPORTANT INFORMATION 


Pennsylvania [Forest to Park] is currently ONE-WAY ¢ Grading and paving operations require some 


WESTBOUND. temporary daytime closures; please drive 
Prospect [Pennsylvania to Duane] is two-way but cautiously and obey construction signage and 
may experience intermittent temporary closures. flaggers. 


Eastbound Crescent [Prospect to Glenwood] reopens 
next week, but will experience temporary daytime 
closures. 


¢ Work will cause temporary disruptions along 
Prospect, Crescent, Glenwood, Pennsylvania and 
Western. Access to the Crescent-Glenwood public 
parking lot will be limited to the western OR 
middle driveway; see the detour map. 


ALL businesses and pedestrian access remain open. 


Clay Keller, P.E. 
Meredith Hannah 


630-936-9456 pkeller@bla-inc.com pA 
630-547-5345 mhannah@glenellyn.org Fana 


CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


Hawthorne Blvd 


EVOLVING WORK ZONES AND SUMMER SIDEWALK 
TRAFFIC RESTRICTIONS SALES EVENT 
Expect temporary disruptions along Main [Pennsylvania to A $ 
Prospect, Crescent, Glenwood, Crescent] will be CLOSED to = £ 
Pennsylvania and Western. traffic Friday and Saturday, 5 a 
BE ALERT FOR SIGNAGE AND FLAGGERS. uly 19 and 20, for the Summer i 
Sid lk Sal t. Zz 
The Crescent-Glenwood parking lot gehen ace hehe Š s 
remains accessible; the blue dotted During the multi-day event, 3 peon yiana 
line indicates the access route for Prospect [Pennsylvania to | [Forest to Park] 
the middle driveway when Prospect Duane] and eastbound Ee eee 
and/or eastbound Crescent is Crescent [Prospect to 
temporarily closed. Glenwood] will be open. 
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BLUE AREAS INDICATE NEARBY PARKING LOTS CONSTRUCTION EARKING 
WITH SHORT-TERM CUSTOMER PARKING WORK ZONES ENTRANCE 
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downtownge.com 


